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FOR SSM (STILES) 

E.O. 11652: N/A 
TAGS: PFOR, IS, EG 

SUBJECT: SSM-23 SITE REPORT PERIOD ENDING 2000 HRS 
MARCH 2, 1976 

1. FACILITIES: 

A. PERMANENT BASE GRADING 

ACCESS ROAD GRADING ABOUT 80 PERCENT COMPLETE. NEXT STEPS IN- 
CLUDE INSTALLING CULVERTS AND LAYING THE FIRST LA YE OE AGGREGATE. 
GRADING BASE SITE STARTED. 

B. PERMANENT BASE SEWER SYSTEM 

PLANS FOR SEWER LINES AND SYSTEM REVIEWED. CONTRACTOR RE- 
COMMENDED CHANGES TO STAY OUT OE ROCK FOR MOST OR ALL OF ITS 
LENGTH AND STILL MAINTAIN AT LEAST A ONE PERCENT FALL. BED 
ROCK IS ABOUT 3.5 FEET BELOW SURFACE. SIGNIFICANT CHANGES 
ARE TO MOVE TREATMENT PLANT TO POINT ON NORTH FENCE ABOUT FIVE 
FEET EAST OF 4-6 PERSON QUARTERS. MAIN LINE WILL FLOW FROM 
SOUTH-WEST CORNER THROUGH THE CENTER TO TAKE ADVANTAGE OF THE 
GREATEST DROP. ZACHRY HAS CORRECTED DRAWINGS. ADJUSTMENTS 
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CROSSING WATER MAINS, AND FALL INTO LATERALS. CRAIG AND WALLEN 
APPROVED THESE PLANS, INCLUDING THE REPLACEMENT OE SEWER 
CONNECTIONS TO THE BATTERY SHOP AND BASEBALL EIELD WATER 
EOUNTAIN WITH SUITABLE DRAINS. 

C. PERMANENT BASE COMM/OPS 

ARRANGEMENT OE SPACE EOR USG/CONTRACTOR OPERATIONS IS NOT 
ACCEPTABLE. 

SPACE UTILIZATION AND ASSIGNMENT DOES NOT EIT ANTICIPATED 
SPACE USAGE REQUIREMENT. MUST HAVE FLEXIBILITY TO ARRANGE 
INTERIOR OF USG AND CONTRACTOR SPACE AS THEY BECOME DEFINED 
WITH EXPERIENCE, CHANGES IN QUIPMENT, ETC. SUGGEST AREA BE 
DESIGNED WITHOUT PARTITIONS TO EXTENT POSSIBLE. PARTITIONS 
CAN BE BUILT BY CONTRACTOR ON SITE TO MEET NEEDS. 

D. PERMANENT BASE MISC. 

RECOMMEND DOUBLE LOCK GATES IN CENTER OF NORTH, WEST AND 
SOUTH FENCES. NORTH BECAUSE OF ACCESS TO STOL STRIP. 

E. WATCH STATIONS 

LOCATION OF PERMANENT WATCH STATIONS FOR MITLA EAST AND WEST 
WERE INSPECTED BY CRAIG, WALLEN AND ZACHRY MARCH 2. PLAN TO 
USE CURRENT SITE FOR MITLA EAST BECAUSE SMALL ADDITIONAL 
COVERAGE DOES NOT WARRANT LARGE COST OF SITING ON ANY POTEN- 
TIALLY USEFUL HILL. MITLA WEST WILL BE SITED ON PREPARED 
AREA ON PROMONTARY. 

2. ELECTRONICS 

NOTHING TO REPORT. 

3. ADMINISTRATION 

NOTHING TO REPORT 

4. MISCELLANEOUS 
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PROPOSE TO USE NEW FORMAT OUTLINED HEREIN. COMMENT INVITED. 
THORNE 
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